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BILL NO. S-87-12-2 2 
SPECIAL ORDINANCE NO. S- OS IA 
AN ORDINANCE approving Change Order 
No. 1 and Final for Lincolnshire 
Drainage Improvement, Res. 445-87, 
with John Dehner, Inc., in connection 
with the Board of Public Works and 
Safety of the City of Fort Wayne, 
Indiana. 
NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 (Final), Res. 
445-87 and Final for Lincolnshire Drainage Improvement, with 
John Dehner, Inc., in connection with the Board of Public Works 
and Safety, for: 
this Change Order and Final is necessary 
because field measurements reflected a 
change in the unit bid items as shown on 
this change order; 
involving a net decrease of One Thousand One Hundred Eighty- 
Three and 77/100 Dollars ($1,183.77), all as more particularly 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works and Safety and is by 
reference incorporated herein, made a part hereof, and is 
hereby in all things ratified, confirmed and approved. 
SECTION 2. That this Ordinance shall be in full 


force and effect from and after its passage and any and all 


necessary approval by the Mayor. 





Li. A Sep un Cae L 
Councilmember 


APPROVED AS TO FORM 
AND LEGALITY 


(1) 
/ 


Bruce O. Bo ger, City Attorney 









Admn. Appr. 


TITLE OF ORDINANCE : Change Order #1 and Final for Lincolnshire Drainage Im- 
. O A a PROVEEN, mec be 7 = 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 
A ee a ee oe te a Tes Der eee 


SYNOPSIS OF ORDINANCE-- Change Order #1 and Final for Lincolnshire Drainage 
Improvement, Res. 445-87, is necessary because field measurements reflected 
a change in the unit bid items as shown on this change order. 


John Dehner, Inc. is the Contractor. 
PE A ao a MA cda AAA CO PA TE A RE LO O O 


ee T E E 


SSS 


A US A ce ENS ae AL din ee 
A T e SI A CR eg O E 1 eae eee 
EFFECT OF PASSAGE To facilitate completion of project. 

Se SS c ML RR TR E 2 TAO. MLE DES De AENA. RIE A er SOI «9 
ii ia — ———— M————— REED DM 
EFFECT OF NON-PASSAGE 
E e ED A I! D ss] 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease of $1,183.77 


ASSIGNED TO COMMITTEE 





CHANGE ORDER 





Change Order No. 1 & Final Resolution No. 445-87 
Project No. Board Order No. 22-87 
Name of Project: Lincolnshire Drainage Improvement Date: 30 November 1987 
To: John Dehner, Inc. 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 












7 Description E y nit Price Decrease Increase 1 


EA E eee 














teem un Description of Change Baers Change in Contract Price 
No. ipti 





Total Decrease 1,080.17 
Total Increase 2320394 


Net (Decrease) (XixxxEREXJ Contract Price 515183: 73 


The sum of $ 1,183.77 is hereby (S44E8XE8) (deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 





Original Contract Price 49.051.75 
Current Contract Price Adjusted by Previous Change Order TT 


49,051.75 
New Contract Price including this Change Order P47,861.98 = 


The time provided for completion in the contract for this project is (unchanged) (XREFEKELAX 


(dEdreasaa) by 0 calendar days due to this Change Order. The date for completion 
of all work shall be the same ; . Furthermore, this document shall become an 


amendment to the contracy and all provisions of the contract shall apply hereto. 


ia 


Recommended b ; E Sta, Chief Engineer Date 12 2 
OL n Ne h 


NAO 11/87 
Accepted by: M Woa ED PA Contractor Date (2///¥ 


Approved by: Ui) Ge — e City Engineer Date NAAA 
= 6 
Appr mer Date /R~ I~ P7 


> 


4 
De 


X% 7 
pecested iy Ápleas 1 She Karst? cames mte /R- 1-7 


ATTACHMENT TO CHANGE ORDER 


ange in Contract Price 





Description of Change Unit Price Decrease Increase 







NS 


e i 
N 
Un 


#53 - #73 Special Backfil 19.64 491.00 


H 


on H.A.C. Surface 575-30. 115700 


ES Am 7" Plain Concrete Pavement 25.00 25.00 


Concrete Sidewalk 19.49 155.92 


n 


Ys 


N 


Nn 


un 


Y. Mulched Seeding 16.56 


SES 12"! RCP Class Y 29945 927.67 


15% RCP class. tV 30.68 


a 
I 


Pd 92.04 


Pp 
à o N w 


N 


m.m 
N E Ui Co 


Xp 21" ROP Classi LV 40.95 1502375 4 


F. 24"! 6-9 P. (0.064) z 50.98 PD 03:92 


wm 
m 
Un 


Y. | Rip-Rap . 17.25 293.25 






N = 
N E 





: 1,080.1 
Total Decrease ad 


2 203.94 
Total Increase ndo 


Lis. 18352707 





Net (Decrease) Gincneqse)  . Contract Price 


1a 


Change Order No. 1 & Final 
Resolution No. 445-87 
Board Order No. 22-87 


REQUEST AND JUSTIFICATION FOR CHANGE 
xmi iudi MU AE CH en DI ALL ONGS 


Necessity for change: Field measurements reflected a change in the unit hid 
items as shown on this change order. 
eee 


——————————————————————— 


Will proposed change alter size of the project? Yes No X 


If yes, explain 


Sse 
a SER Se ea CST IRE am x 
Affect on operation and maintenance cost of this project: 

N/A 
Y A SEA s DEL SPD VA DM AN eri INDE C 
———————————————————————————————————É—À— 





Allan D. Frisinger 


TO: CITY ATTORNEY 


FROM: BOARD OF PUBLIC WORKS 


» 
APPROVED BY: d e d = 


Baron R. Biedenweg, Chairman 


DATE: December 16, 1987 
SUBJECT: Change Order #1 and Final for Lincolnshire Drainage Im- 


provement, Res. 445-87 


FILE # ASSIGNED BY RECORDS LIBRARIAN 


ACTION REQUEST: Please prepare anordinance to be introduced in 
City Council on: December 22, 1987 


approving Change Order #1 and Final for Lincolnshire Drainage 


Improvement, Res. 445-87, John Dehner, Inc., Contractor 














i Admn. Appr. 
TITLE OF ORDINANCE Change Order #1 and Final for Lincolnshire Drainage Im- 


provement, : = 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 





SYNOPSIS OF ORDINANCE-- Change Order £1 and Final for Lincolnshire Drainage 
Improvement, Res. 445-87, is necessary because field measurements reflectec 
a change in the unit bid items as shown on this change order. 


John Dehner, Inc. is the Contractor. 


EA ET RT O RS o ORNA MEM O ee ee 
A A TEE NE e A AS A QURE E RU E 


! 
A te ee 
EFFECT OF PASSAGE To facilitate completion of project. 
; 

Shia A n A e a ES 
EFFECT OF NON-PASSAGE 

ao e A A Dedi ec A 
O ERR a E TN O pa E SE 51 N E 
DE MAES A SR E ge A 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease of $1,183.77 
A A T EO MR S 
ASSTGNED TO COMMITTEE 

sa e is A A T NUM 

: 


27.204-37 


13's /, > 


CHANGE ORDER 


Change Order No. 1 & Final Resolution No. 445-87 





Project No. Board Order No. 22-87 
Name of Project: Lincolnshire Drainage Im rovement Date: 30 November 1987 - 
pU NO CIIDEPE ie 


To: John Dehner, Inc. 
(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: ; 


od YS Description of Change a] Change in Contract Price 
a O i $ Description E: n Unit Price | Decrease 












| 
| 









|| 
HI 





Total Decrease 1,080.17 


Total Increase 2,203594 - 


Net (Decrease)(Xxxxxzx&l Contract Price 





VB 7 


The sum of A RA eee hereby (€88%8X¥8) (deducted from) the total ContERBEE price 
and the final contract price shall be adjusted as follows: 


Original Contract Price 


051. 
Current Contract Price Adjusted by Previous Change Order Sola — 
New Contract Price including this Change Order AO 


$47,867.98 


The time provided for completion in the contract for this project is (unchanged) (XKEXEXEXHX | 


(ARTERIA by 0 calendar days due to this Change Order. The date for completion 
of all work shall be the same : - Furthermore, this document shall become an 


amendment to the contract and all Provisions of the contract shall apply hereto. 


Recommended by: eS Chief Engineer Date 12 2 


ER eri vb ci 
M 9 11/37 
Accepted by: MATAR, ub. LI Contractor Date [2///Y 


Approved by: UG) Py —— City Engineer Date re TI 
Approvd emu: — 7 i : 


mA ie E a er Date VEZ ~ Fo Pe) 





4 $ 
(/ / 
Attested AS - lons Ye Khe A o AA e Date /R ieu 7-4 ) 


ATTACHMENT TO CHANGE ORDER 










ange ín Contract Price 


Description of Change Decrease 


Pe 
Ec EM C. meg 
e t TEE 












Increase 
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Un 
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Ys 
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Sis Me 
Sa Y. 
SY. 


N 
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e Y w N 
[em 
N BA Un wm 





= 
jm 









DF. 
L.F. 
L.F. 
L. Ee 


N Es 
N E 






1,080.17 





“Total Decrease 


2,263.94 
Total Increase 





1,183.77 





Net (Decrease) (increase)  . Contract Price 


Change Order No. 1 & Final 
Resolution No. 445-87 
Board Order No. 22-87- 


REQUEST AND JUSTIFICATION FOR CHANGE 
A EA E ee TE 


Necessity for change: Field measurements reflected a change in the unit bid 
items as shown on this change order. E 


a EAN E RS DS RO 
ep eg gado a a q e a RS 


RAE ESCRITAS ACRE a RA e A NEN t MERI t 
E | A a SL a ee E SS 


Will proposed change alter size of the project? Yes No- X 





If yes, explain 


i 5k 


Sia UU T a o DS ee A 


Affect on operation and maintenance cost of this project: 
N/A 
à 
e e DR Cy WU TE NW we DR D ee Sa asp ie US To ie 













dl 


Allan D. Frisinger 








Read t first time in full and on motion by ( 2 P ed i 
seconded by nA» , and duly adopted, ready the “sécond time by 


title and reos to the Committee on (and the 

City Plan Commission for recommendation) and Públic Eoi dm to be held after 

due legal notice, at the Council Conference Room N =Ceunty Building, 

Fort Wayne, Indiana, on , the , day 

of r iH DUE o'clock LL M. n. Ts 
E heridos 














DATE: DIES 
SANDRA E. KENNEDY, CITY CLERK 
Read tores ‘time in full and on motion by í 
seconded by , and duly adopted, placed on its 
passage. PASSED the following vote: 
AYES NAYS ABSTAINED ABSENT TO-WIT 

TOTAL VOTES $ / 

om 
BRADBURY 

ec 
BURNS 
GiaQUINTA ee 

EAT 
HENRY 

cm 
LONG 

p 
REDD 
SCHMIDT i— 
STIER ut 

e” 
TALARICO 





DATE : Eds a 


SANDRA E. KENNEDY, CITY CLEXK 





Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as (ANNEXATION)  (APPROPRIATION)— (GENERA 
(SPECIAL) (ZONING MAP) ORDINANC RESOLUTION NO. “05 ed 


on the /a et day of n ise”. 


ADTEST: prc. 
uia £ Da S 
SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER > 


Presented by me to the Mayor 


on the /2 RT day of 
at the hour of. . É 7% e E o'clock 





f the City of Fort Wayne, Indiana, 


; CER 








SANDRA E. KENNEDY, CITY CLÉRK 


Approved and signed by me this Za day of 


19 RK joatethe hour of |-2o o'clock RM. E.S.7. 
Wu M 


PAUL HELMKE, MAYOR 





MO ab 
i Mx 


BILL NO. 9797-14-24 


REPORT OF THE COMMITTEE ON CITY- UTILITIES 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 


REFERRED AN (ORDINANCE) (RESOLUPTON) approving Change 


Order No. 1 and Final for Lincolnshire Drainage Improvement 
Res. 445-87, with John Dehner, Inc., in connection with the 
Board of Public Works and Safety of the City of Fort Wayne, 


Indiana 


HAVE HAD SAID (ORDINANCE) (RESQEUEFEFGN) UNDER CONSIDERATION 


AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 


(ORDINANCE)  (RESSEHTIGN) 








NO 
PAUL M. BURNS 
pc a 
ARLES B. REDD 
CE CHAIRMAN 
RK E. GiaQUINTA 
: gray uncis 
|SAMUEL J. TALARICO 
JAMES S. STIER 
CONCURRED IN ur uf É ; 
PR 


Sandra E. Kennedy 
City Clerk 


